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Message Text 


UNCLASSIFIED 

PAGE 01 BRUSSE 04144 272236Z 

21 

ACTION EUR- 12 

INFO OCT-01 EA-09 ISO-OO DEAE-00 CIAE-00 INR-07 10-13 

JUSE-00 NSAE-00 SNM-02 TRSE-00 USIA-15 NSC-05 OES-06 

OMB-01 DODE-OO AID-05 /076 W 

018164 

R 271352Z APR 76 
FM AMEMBASSY BRUSSELS 
TO SECSTATE WASHDC 6718 
INFO AMEMBASSY RANGOON 

UNCLAS BRUSSELS 04144 

S/NM FOR RAFFERTY SER/INC FOR WAMPLER FROM: HALL 

E.O. 11652: N/A 
TAGS: SNAR 

SUBJECT: NARCOTICS CONTROL: STATUS OF F-27 AIRCRAFT 

1 . REPAIERS PROGRESSING EXTREMELY SLOW. FAA INSPECTION REVEALED 
SEVERAL DISCREPANCIES WHICH MUST BE CORRECTED. ALSO CONTROVERSY 
CONCERNING FAA AIRWORTHINESS DIRECTIVES WHICH HAVE NOT BEEN 
COMPLED WITH. CONTRACTOR HAS USED UNACCEPTABLE SHORT 

CUTS IN MAKING SOME REPAIRS WHICH ALSO MUST BE CORRECTED. 

2. CONTRACTOR ATTEMPTING REPAIRS AT A FACILITY WHICH HAS NO 
HANGAR AND WITH A WORK FORCE WITH A HIGH RATE OF ABSENTEEISM. 
PAINTING OF THE AIRCRAFT IS NOT COMPLETED DUE TO HIGH WINDS 
AND NO HANGAR. AT THIS TIME IMPOSSIBLE TO PREDICT EXACT 
COMPLETION DATE. CURRENT ESTIMATE IS ONE ADDITIONAL WEEK 
MINIMUM. 

3. FOR RANGOON: WILL ADVISE WHEN CREW REQUIRED AS SOON AS 
POSSIBLE. IN INTERIM DESIGNATED CREW CHIEF SHOULD BE PREPARED TO 
BRING TOOL BOX INCLUDING SPECIAL TOOLS REQUIRED FOR FERRY FLIGHT. 
IN ADDITION TO PAN-AM SUPPORT AUTHORIZATION HAS BEEN OBTAINED FOR 
APPROXIMATELY DOLS 5,000.000 IN ACCOMPANYING SPARES WHICH MAY BE 
REQUIRED DURING FERRY. 
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MAJOR HLA KYI ASSISTING IN PREPARATION OF SPARES LIST. 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: STANDARDS, AIR SAFETY, DRUG CONTROL 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 27 APR 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976BRUSSE04144 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7601 60-1 080 
From: BRUSSELS 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t1 976041 9/aaaaapzj. tel 

Line Count: 62 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION EUR 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: ellisoob 
Review Comment: n/a 
Review Content Flags: 

Review Date: 31 AUG 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <31 AUG 2004 by cookms>; APPROVED <01 SEP 2004 by ellisoob> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: NARCOTICS CONTROL: STATUS OF F-27 AIRCRAFT 
TAGS: SNAR, BE, TU, FAA 
To: STATE 
Type: TE 
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